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XD OOOO 
FOREIGN OPERATIONS ADMINISTRATION 
Jidda, Saudi Arable 


MEMORA NDUE September 29, 1953 


T0s Mr, John A. Dunaway, Acting U. S, Director of 
Technical Cooperation in Saudi Arabia 


FROM: =, F, Sinelair 
Chief, Transportation & Communications Div, 


SUBJNCT: Monthly Activity Report - September 1953 
On September 17th, Mr, Dunaway, the Acting Director, and I conferred 


general 
of the field covered by the Ministry were discussed with particular 
reference to the TCA program, 


The Minister was critical of the expenditure for the railway survey 
and expressed the opinion that the proposed railway was economically 
unsound and should not be built, and that instead the money should be 


undertaken by TCA at the request of SAG, and thet this did not necessarily 
imply approval of the road from the economic standpoint. 


there was no money allocated for any specific transportation or commni- 
cation project, but that there was one project - Visual Onni 
Range equipment for possible installation at the Jidda Airport - which 


bility of a merchant fleet for Saudi Arabia wos also brought to His Royal 
Highness' attention. 
The Prince was most receptive of information imparted to him and 


he ; 
Tes ah ORAS 
ie eh 


: 2- 
ithly Activity Report - Sept, 1953 
Transportation & Communications Div, 


The Prince had in mind a considereble highway program, plus telephone 
communications and radio communications. 


His Highness agreed to the suggestion that it would simplify 1CA/SA 
dealings with the SAG if the separation of functions between the Ministry 
of Finance, which formerly included transportation and communications, 
wore cleerly defined in an official conmuniestion, 
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SAUDI ARABIAN RATLAOAD SURVEY 
T 1 Dy dy Bleifuss DATS: April 16, 1953 
WIMBER 1 BLS=63 LOCATION: Jeddah, Saudi Arabia 


Our field party is still working west from Al Karg and is expected to 
arrive in Jeddah to-day, April 16, This will complete the ground control 
required for the railroad survey. 


We will complete projection of the preliminary route on the photographs 

not later than May 1, Then all information required by ‘sro Service 
Organization in Philadelphia should be in their hands not later than May 10, 
We now expect to complete al) field work contracted for under our contract 
by May 20, 


We have one more field trip to make over the line which we will start on 
April 26, This trip will require approximately two woeks' time to come 


As of this date we have employed on this survey the following personne]; 
AMERICAH PERSONNEL 
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Equipment being used on the job is as follows; 


” " t , Mikes 
Willys-Overland Juep, "K~6, 


Attached hereto are charts showing estimate of costs as of to-day and charts 
showing jcb provress as of this date, 
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SAUDI-ARABIAN-RAILWAY-SURVEY 
PROGRESS ESTIMATE 
CONTRACT NO, I9 


CONTRACTORS OPERATIONS: 
|, RECONNAISANCE BY PLANE 


2. RECONNAISANCE BY AUTO 
3. GROUND CONTROL-DESERT 
4. GROUND GONTROL-MOUN TAINS 
5. RE-CHECK FOR DRAINAGE 


6. COMPLETE FIELD OFFICE WORK 
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INTERNATIONAL ENGINEERING COMPANY, INC, 


SUBJECT: PROGRESS REPOIT «- Fits C, &. Buck 

SAUDI ARABIAN RALLAOAD SURVEY 
T + Dd, Bleifuss DATE: April 2, 1953 
HUMBER 4 BLS=58 LOCATION: Jeddah, Saudi Arabia 


ae eted aerial photography for the railroad survey on Thuraday, March 
26, of the developing required for the field has been completed and the 
neratives have been forwarded to Philadelphia, 


We have completed the ground recomaisance and projection of preliminary 
route as far as £1 Segur, starting fron Jeddah through Yenbo and Medina, 
Cur field crew is at present working from Al Karg west and should complete 
all ground control for the survey by April 15, As soon as the ground con- 
trol we 


n 
All infornstion required by Aerial Survey for the section between Jeddah 
west to Fl Segur were air-miled to Philadelphia this week, The balance 
of the information required should be mailed frow here not later than May 1, 
As cf this date we have emloyed on this survey the following personnel: 


ARUALCAN F :RSONEL 
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Bquipment being used on the job is as follows: 


Attached hereto are charts showing estinate of costs as of to-day and charts 
showing job progrese as of this date, 
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SAUDI-ARABIAN-RAILWAY-SURVEY 
PROGRESS ESTIMATE 
CONTRACT _NO.19 
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INTERNATIONAL ENGINEERING COMPANY, INC. 


SUBJECT: PROGRESS REPORT -- FROM: C. E, Buck 
SAUDI ARABIAN RAILROAD SURVEY 
: Dy J. Bleifuss DATE: March 23, 1953 
MIMBER : ELS=53 IOCATTON: Jeddah, Saudi Arabia 


We have still been unable to complete the photography for the railroad survey 
due to bad weather conditions in the Riyadh area. Our field crew has com- 
pleted the ground control from Jeddah to Yenbo, Yenbo to Medina and approxi- 
mately 150 miles east of Medina, 


We are now making arrangements to borrow from Aramco certain photographs 
in and around the Riyadh area which cover the proposed railroad route, 
These pictures will be made available this week and will enable us to keep 
our field crew busy for another two weeks, It is hoped that weather will 
permit us to complete the flying by the time this ground control is com- 
pleted, 


Up to this time we have been delayed one month on our completion date due 
to bad weather. 


N. C. Pearson and D, C, Tolles departed Jeddah this morning for Dhahran 
where they will discuss the proposed railroad with the Saudi Arabian rail- 
road officials at Dammam, This trip is primarily for the purpose of dis- 
‘cussing with Mir, Gildae, Manager of the SAG Railroad, design and specifi- 
cations for railroad buildings, specifications for equipment and rolling 
stock, grades, curves, etc. 


As of this date we have employed on this survey the following personnel: 
AMERICAN PERSONNEL 


C. E, Buck, Project Manager 

N. C, Pearson, Chief location Engineer 

R, W. Varney, Chief of Party 

F, Barrett, Instrument Man 

D. C. Tolles, Draftsman 

W. F, Busching, Chief Clerk 

Bob McKay, on loan from the Saudi Arab Government 
Railroai 


. 


SAUDI ARAB PERSONNEL 


Mohamed Ali Masud, Interpreter 
Husein Adam, Driver 
Mohamed Abdullah, Driver 





Attached hereto are charts showing estimate of cost as of to-day and charts 


showing job procress as of this date, 
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SAUDI-ARABIAN-RAILWAY-SURVEY 
PROGRESS — ESTIMATE 
CONTRACT NO.19 
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ie e SUBJECT: PROGRESS REPORT + FROM: C, 8, Buck 


14 Ded. Beifuss DATE: March 10, 1953 
MIMBER + ELS=50 LOCATON: Jeddah, Saudi Arabia 


Ground contro] for the area between Yenbu and Medina was completed on Monday, 
March 9, The ground control crew is now working between Medina and Al Sucur, 
which is approximately two hundred miles east of Medina, 


the Aerial Service organization was able to cet in some flying the past week 
but has still been unable to complete the initial photography required for 
the survey, 


Mr, Bob Smith, Vice President, Aero Service, arrived here this past week and 
has been working with us on interpretation of the pho » Work’ ds 
progressing satisfactorily, however, we are not making as good procress as 
could be made if we had sufficient pictures to keep our crew at peak produce 
tion, 


N, G, Pearson and D, C, Tolles arrived back in Jeddah on Thursday Evening, 

March 5, after spending several days with Bob Varney, (n their return trip 

to Jeddah they looked into drainage conditions and possible routes west of 

Medina, The information obtained by then on this trip merely confirmed our 

previous thoughts regarding this area, 

As of this date we have employed on this survey the following personnel: 
AMERICAN PERSON EL 


Cc. & Buek, Project Manager 





Page 2 
Mar, 10, 1953 
Tquipnent being used on the Job is as follows: 
Chevrolet Seden, "X-1 
Tlodge Power Wagon, Mi-2 


Attached hereto are charts showing estimate of cost as of toeday and charts 
showing job prorress as of this date, 
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SAUDI-ARABIAN-RAILWAY-SURVEY 
PROGRESS ESTIMATE 
CONTRACT NO. 19 
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SUBJECT: PROGRESS REPRT <= PROM: C, 8. Buck 
SAUDI ARABIAN RATLA-AD SURVEY 


0 : D, d. Bleifuss DaT2: March 3, 1953 


MMBER 4s RLS*L7 LOCATION: Jeddah, Saudi Arabia 


David 6, Tolles and Forrest Barrett arrived in Jeddah Tuesday, February 2h. 
Barrett departed Jeddah Wednesday morning, February 25, and met the field 
party at Yenbo vecnesday night, 


The ground contro] for tue area between Jeddah and Tenbu wes completed on 


Wednesday, February 25, These photographs have been returned to Jeddah and 
will be forwarded to the United States within the next few days, 


The field party, headed by Bob Varney, is now working between Yenbu and 
Medina, and should have completed that section of the ground control on 


Tesday, March 3, 

¥. C, Parson and ), 0, Tolles departed deeds! Sunday morning March 1, en 
route to Medina where they will join and spend about ten days with Bob 
Varney's party checking drainage between Medina and Yenbu, 


Weather conditions have continued te be bad, % far, no additional shoe 
touraphy has been taken with the exception of approximately fifty miles 
east of Medina, 

As of this date we have enployed en this survey the following personnel: 


AMZRIGAN PERSONNES, 





Yattani, Surveyor's felper 
ees Issa, Surveyor's ilelper, 


Fowipment being used on the fob is as follows: 
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SAUDI-ARABIAN-RAILWAY-SURVEY 
PROGRESS ESTIMATE 
CONTRACT —_—NO.19 
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CONTRACTORS OPERATIONS: 
|, RECONNAISANCE BY PLANE 









2. RECONNAISANCE BY AUTO 
3. GROUND CONTROL-DESERT 


4. GROUND CONTROL-MOUNTAINS 
5. RE-CHECK FOR DRAINAGE 
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INTERNATIONAL ENGINEERING COMPANY, INC, 


SUBJECT: PROGRESS REPORT <~ FROM: C, B, Buck 
SAUDI ARABIAN RATLROAD SURVEY 
DATE: February 2h, 1953 


TO : D, J. Bleifuss 
NUMBER : ELSeh3 


Yenbu, By the time this is completed photographs for the area between Yerbu 
and Medina will be ready, 


We have started working up preliminary estimates in the Jeddah office and 
should be able to have some rough figures together by the time photography 
is completed, 
As of this date we have employed on this survey the following personnel: 

AMERICAN PERSONNEL 

CG. 2, Buck, Project Manager 

N.C, Pearson, Chief location Engineer 

Bob McKay, on loan from the Saudi Arab Governnent 

Railroad, 

SAUDI ARAB PERSONNEL 

Mohamed Ali Masud, Interpreter 

Husein Adam, Driver 

Mohamed Abdullah, Driver 

Musa Mohamed, Cook and Baker 

Hassain Mohamed, Cook's Helper 

Abdu Mohamed Hassain, Waiter 

Yahya Fattani, Surveyor's Helper 

Mohamed Issa, Surveyor's Helper, 


Equipment being used on the job is as follows: 


" " "MKS 


join the field party working on the ground control and Tolles will be assigned 


ELSah3 
Feb, 2h, 1953 


to the office in Jeddah. 
The attached cost estimate chart includes an estimate of the cost of aerial 


photography completed as of this date, We will continue to show this as an 
estimated cost even though we have not actually paid out any money, 
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SAUDI “ARABIAN: RAILWAY-SURVEY 
PROGRESS ESTIMATE 
CONTRACT NO, 9 
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INTERNATIONAL ENGINERRING COMPANY, INC, 


SUBJECT: PROGRESS REPORT e+ FROM: C, B, Buck 
SAUDI ARABIAN RATLA0AD SURVEY 

™ + Dd. Beifuss DATE: February 15, 1953 

NUMBER + SLSeh) 
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1 was started in Jeddah on Sunday, February 15, 


is not sufficient to carry on ground contrel operations, 
slow wrtil such time as additional barometers arrive from 


s 


e228 
az 


of this date we have enployed on this survey the following personnel: 
AMERICAN PERSONNEL 


= 


C, B. Buek, Project Manager 

N.C, Pearson, Chief Location Engineer 

Ry wi, Varney, Chief of Party 

i, F, Busching, Chief Clerk, 

Beb MeKay, on loan from the Saudi Arab Government, 
Railroad 


SAUDI ARAB PRASONNEL 


Mohamed Ali, Maaud, Interpreter 
Husein Adan, Oriver 

Mohamed Abdullah, Driver 

Musa Mohamed, Cook and Baker 
Massain Mohamed, Cook's lielper 
Abdu Mohamed Nassain, Waiter 
Yohya Fattani, Surveyor's Helper 
Mohmted Issay Surveyor's ‘elper, 


Equipment being used on the job is as follovs: 


Chevrolet Sodan, K+) 
Nodes Power Wagon, MK=2 
" " ©) Me} 
r " " ; ne 
" " Hy Mie5 
land Jeep, Mix6, 
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ANTERNATIONAL ENGINEERIY COMPANY, INC. 
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INTERNATIONAL ENGINEERING COMPANY, INC, 


74 NEW MONTGOMERY STREET 
SAN FRANCISCO 5, CALIFORNIA 


WBJECT: SAUDT ARABIAN RAILROAD SURVEY = PROM: C, B, Buck 
T ¢ Dy de Bleifuss DATE: February 9, 1953 
WOMBER : 2L5=38 LOCATION: Jeddah, Saudi Arabia 


This is in reply to your letter of January 27, Silel7, 


Under separate cover you will receive a general report which will bring 
all concerned up to date as to what we have done on this job up through 
Jammary 31, This report has been delayed due to the fact tht we have 
been on a field trip for three weeks and just returned to Jeddah on 
February 1. 


In addition to the general report which you will receive, we wish to ade 
vise you of the following: 


We have employed on the Saudi Arabian Railroad Survey the following pere 
sonnel as of January 31: 


AMERICAN PERSONNEL 


C, By Buck, Project “anager 
N, C, Pearson, Chief Location Engineer 
R, W, Yarmay, Chief of Party 
W, F, Busching, Chief Clerk, 





1G 03 


TL5=38 Page 2. Feb. 9, 1953 


Also attached is a chart showing estimated progress of job as of January 31, 
This chart hasbeen set up to show our estimated tine of completion as well 
as a comparison with the actual completion, 


In the future we will submit a report of this type each week, 
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S AUDI-ARABIAN-RAILWAY-SURVEY 
PROGRESS ESTIMATE 
CONTRACT NO, I9 
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